CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


FRIDAY, NOVEMBE 


NU 


PROGRESS MADE THIS WEEK WORK ANTICIPATED NEXT WEEK 
MONDAY-FRIDAY [11.04-11.08] MONDAY-FRIDAY [11.11-11.15] 
* Miscellaneous punch list items [downtown] * Miscellaneous punch list items [downtown] 
¢ Remaining perennial plants [Phase 2 and 3 areas] * Prospect Avenue railroad approach asphalt repair 
* Glenwood Station soil cell, electrical and irrigation + Replace large tree at southwest corner of Main and 
Work Duane 


+ Glenwood Station streetscape concrete work is 
anticipated to begin 


DETOUR INFORMATION OTHER IMPORTANT INFORMATION 

Detours related to the downtown streetscape work ¢ Please be alert as ongoing punch list work may 
have been lifted. require temporary parking restrictions. 

Crescent and Glenwood remain ONE-WAY to + Ifyou have questions/concerns regarding the 
accommodate the Glenwood Station work. Project, please reach out to a contact listed below. 


ALL businesses and pedestrian access remain open. 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 pkeller@bla-inc.com ru 
630-547-5345 mhannah@glenellyn.org be 


CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd Hawthorne Blvd 


ALL ROADWAYS ARE NOW OPEN WITH THE LIMITED EXCEPTION 
OF THE CRESCENT AND GLENWOOD ONE-WAY PATTERNS 


Park Blvd 


AROUND GLENWOOD STATION TO ACCOMMODATE THE 
REMAINING BUILD-OUT OF THAT PRIVATE DEVELOPMENT. 
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BLUE AREAS INDICATE NEARBY PARKING LOTS PHASE 2 AND 3 
PROJECT AREA 
WITH SHORT-TERM CUSTOMER PARKING 
FOR MORE INFO, VISIT: GLENELL YN.ORG/PARKING CHANGE TO PARKING 


ONE-WAY ENTRANCE 


